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Message Text 



UNCLASSIFIED 

PAGE 01 STATE 19561 1 

13 

ORIGIN FBO-08 

INFO OCT-01 EUR-06 NEA-09 ISO-00 OC-06 CCO-00 OCL-00 A-01 
/031 R 

DRAFTED BY A/FBO:JWMORRISON:JAP 
APPROVED BY A/FBO:OCRALSTON 
OC/S:RRAPIER (PHONE) 

052623 

R 06165 IZ SEP 74 
FM SECSTATE WASHDC 
TO AMEMBASSY RABAT 
INFO AMEMBASSY LONDON 

UNCLAS STATE 195611 

E.O. 11652: N/A 

SUBJECT:NEW OBX CONTRACT S456-EBO-173, PROPERTY 15556A 

RABAT FOR SPENCER 
LONDON FOR ATO 

REF: RABAT OM 8/9/74, BALLARD/SPENCER TELECON 8/29/74 

1 . DESPITE ATO OBJECTION ALL CCC EQUIPMENT INCLUDING 
CARRIER EQUIPMENT MUST BE CONNECTED TO COMMUNICATIONS GEN- 
ERATOR PER CONTRACT REQUIREMENTS. 

2. CONTRACTOR MUST REPLACE 70 SQUARE MILLIMETER CABLE WITH 
95 SQUARE MILLIMETER CABLE DIRECTLY FROM TRANSFER SWITCH 
TO CCC MAIN PANELS. VIEW OF UNSATISFACTORY ELECTRICAL IN- 
STALLATION US MATERIAL WILL BE AIR FREIGHTED TO POST AND 

US PERSONNEL WILL INSTALL PER REFTELCON. OBTAIN EQUITABLE 
CREDITCHANGE ORDER FOR DELETION OF REMAINING ELECTRICAL 
WORK AND SUBMIT TO DEPT. FOR CONSIDERATION. DEPT. REQUIRES 
CONTRACTOR SUPPLY ELECTRICAL LIGHTING FIXTURES FOR INSTALLA- 
TION BY OTHERS. KISSINGER 

UNCLASSIFIED 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 06 SEP 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974STATE19561 1 

Document Source: CORE 

Document Unique ID: 00 

Drafter: JWMORRISONJAP 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740249-0031 
From: STATE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19740968/aaaacffm.tel 

Line Count: 51 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ORIGIN FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: RABAT OM 8/9/74, BALLARD/SPENCER TEL, ECON 8/29/74 

Review Action: RELEASED, APPROVED 

Review Authority: elyme 

Review Comment: n/a 

Review Content Flags: 

Review Date: 26 MAR 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <26 MAR 2002 by maustmo; APPROVED <04 FEB 2003 by eiyme> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: EW OBX CONTRACT S456-FBO-173, PROPERTY 15556A RABAT FOR SPENCER 
TAGS: BEXP, MO 
To: RABAT 
Type: TE 
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